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Message Text 



UNCLASSIFIED 

PAGE 01 BANGKO 10222 211415Z 
43 

ACTION FBO-01 

INFO OCT-01 EA-07 ISO-OO A-01 OCL-OO OC-06 CCO-OO /016W 

108057 

R211100Z JUN 74 
FM AMEMBASSY BANGKOK 
TO SECSTATE WASHDC 4441 
INFO AMEMBASSY MANILA 

UNCLAS BANGKOK 10222 

E.O. 11652: N/A 
TAGS: ABLD, TH 

SUBJECT: WAREHOUSE CONTRACT NO S48-FBO-587 
PROPERTY NO. 05316 

FOR A/FBO FROM LORA: MANILA FOR ATO. 

REF: CHANGE ORDER NO. 3 AND BANGKOK OM 
JUNE 6 (PROGRESS REPORT 

1. THAI UNIVERSAL ENGINEERING CO. INFORMS EMBASSY THAT NEW 
SHIPMENT SCHEDULE FOR A/C EQUIPMENT IS OCTOBER 15, 1974. 

ACCORDING TO PRODUCT ORDER STATUS REPORT RECEIVED BY A/C 
SUB-CONTRACTOR YIP IN TSOI CO. FROM CHRYSLER CORP. 

2. ORIGINAL SHIPMENT SCHEDULE PER LETTER OF CREDIT WAS 
NLT MAY 15, 1974. UNDERSTAND SHIPMENT DELAY DUE TO 
CURRENT CHRYSLER LABOR STRIKE AND OTHER CAUSES UNKOWNS 
TO CONTRACTOR. 

3. WAREHOUSE INTERIOR EXTERIOR WORK COMPLETION EXPECTED O/A JULY 31. 
EXCEPT EXTERIOR ELECTRICAL INSTALLATION. PROPOSAL FROM METRO- 
POLITAN ELECTRICITY AUTHORITY ON LATER WORK EXPECTED NEXT 

WEEK AND IF APPROVED BY DEPARTMENT PROMPTLY ACTUAL INSTALLATION 
WORK COULD BE COMPLETED IN TWO DAYS. 

4. REQUEST DEPARTMENT'S ASSISTANCE BY CONTACTING MR. T.W. KOOS, 

VICE PRESIDENT, CHRYSLER AIRTEMP DIVISION, DAYTON. OHIO, TO 
IMPROVE DELIVERY DATE. REFERENCE DOCUMENTS AS FOLLOWS: 
UNCLASSIFIED 

UNCLASSIFIED 
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A. U C NO. 16001 1/29092 DATED DECEMBER 17, 1973. WITH BANGKOK 
BANK LTD. EXPIRED MAY 25, 1974. CONTRACTOR WILL EXTEND 
EXPIRY DATE UPON REQUEST BY CHRYSLER CORP. 

B. YI IN TSOI CONFIRMATION OF PURCHASE AND ASSIGNMENT 
NOTIFICATION O, 5751 DATED DECEMBER 12, 1973. 

C. CHRYSLER AIRTEMP INTERNATIONAL PRODUCT ORDERS NOS. 312-8258 
(AIR HANDLING UNITS, ETC. AND NOS 312-857 

(CHILLER) 

KINTNER 



UNCLASSIFIED 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 21 JUN 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974BANGKO10222 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7401 63-0459 
From: BANGKOK 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t19740626/aaaaavvz.tel 

Line Count: 72 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 

Previous Handling Restrictions: n/a 

Reference: CHANGE ORDER NO. 3 AND BANGKOK OM 

Review Action: RELEASED, APPROVED 

Review Authority: boyleja 

Review Comment: n/a 

Review Content Flags: 

Review Date: 28 FEB 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <28 FEB 2002 by phillir0>; APPROVED <13 JAN 2003 by boyleja> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: WAREHOUSE CONTRACT NO S48-FBO-587 PROPERTY NO. 05316 
TAGS: ABLD, TH 
To: STATE 
Type: TE 
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